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CONTRACT  FOR  PROFESSIONAL  SERVICES 

BY  AND  BETWEEN 
THE  BOSTON  REDEVELOPMENT  AUTHORITY 
AND 
STULL  AND  LEE,  INC.,  ARCHITECTS  AND  PLANNERS 


This  Agreement  entered  into  this day  of 1989 

by  and  between  the  Boston  Redevelopnrtent  Authority,  a  public  body  politic 
and  corporate,  duly  organized  and  existing  pursuant  to  Chapter  121-B  of 
the  General  Laws  of  the  Commonwealth  of  Massachusetts,  having  its  usual 
place  of  business  in  Boston,  Massachusetts  (hereinafter  referred  to  as  the 
"Authority")  and  Stull  and  Lee,  Inc.  of  100  Boylston  Street,  Boston,  Mass. 
021 16  (hereinafter  referred  to  as  the  "Contractor"). 

WITNESSETH  THAT: 

WHEREAS  ,  the  Authority  requires  planning  and  design  services  related  to 
the  Washington  Street  Corridor  Boulevard  Planning  Study;  and 

Whereas,  the  Contractor  is  qualified  to  provide  and  desires  to  perform 
such  services  for  the  Authority; 

NOW,  THEREFORE,  the  parties  hereto  do  mutually  agree  as  follows: 

A.  Study  Area 

The  area  of  study  under  this  Agreement  is  the  Washington  Street  Corridor, 
as  defined  by  the  Authority  for  purposes  of  this  Agreement,  and  shall 
extend  from  the  Forest  Hills  MBTA  Station  (southern  most  boundary)  to 
Herald  Street  (northern  most  boundary)  and  one  block  to  the  east  and  west 
along  Washington  Street  that  have  an  impact  on  the  Corridor,  as  defined  by 
the  Authority. 

During  the  course  of  the  study  It  may  be  necessary  to  widen  the  study  area 
boundaries  beyond  the  one  block  to  the  east  and  west  of  Washington  Street. 
In  such  instances,  the  proposed  expansion  of  the  boundaries  shall  be 
reviewed  with  the  Authority,  and  any  modifications  to  the  scope  of 
services  will  be  submitted  to  the  Authority  for  approval. 
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B.  Purpose  and  Products  of  the  Study 

The  study  objectives  of  this  contract  ore  to: 

•  recommend  on  urban  design  vision  for  the  Corridor  that  will 
provide  a  context  for  community  and  coordinated  Interagency 
actions  relative  to  the  redesign  and  reconstruction  of  Washington 
Street; 

•  prepare  general  urban  design  guidelines  for  the  Forest  Hills, 
Dudley,  and  Cathedral  commercial  nodes  along  the  Corridor; 

•  analyse  the  utility  of  the  existing  zoning  controls  with  the 
Authority  and  generate  urban  design  recommendations  to 
guide  future  development. 

C.  Scope  of  Services 
Task  1.  Initial  Report 

A.  Obtain  from  Authority  maps  showing  current  zoning  and  existing 
building  footprints; 

B.  Obtain  from  the  Authority  existing  land  use  mapping  showing 
vacant  buildings  and  public  ownership; 

C.  Obtain  from  the  Authority  generalized  building  conditions  map 
throughout  the  Corridor  and  note  the  condition  of  the  major 
public  Infrastructure  elements; 

D.  Identify  primary  planning  Issues  and  opportunities  along 
Corridor; 

E.  Synthesize  documentation  and  analysis  of  existing  conditions 
into  an  Illustrated  summary  paper. 

Tasl<  2.  Corridor   Wide  Urban  Design  &  Land  Use  Framework 

A.  Based  on  existing  conditions  analysis  and  current  assessment  of 
the  planning  issues  throughout  the  Corridor,  initiate  a 
Corridor-wide  sketch  plan  which  takes  into  account  the  diversity 
of  the  Corridor's  urban  character; 

B. Based  on  responses  to  sketch  plan.  Incorporate  comments  and 
generate  qualitative  and  quantitative  planning  criteria  which  will 
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form  the  underpinning  for  the  Corn  dor- wide  development 
framework; 

C.Based  on  planning  criteria  generated  in  Task  2,  develop  an 
overall  urban  design  strategy  for  the  Corridor; 

D.Develop  land  use  diagrams  for  housing,  open  space,  commercial 
and  institutional  development. 

Task  3.  Urban  Design  &  Land  Use  Strategies  for  Corridor 
Sub-Districts 

A.  Identify  sub-districts  and  review  boundaries  with  Authority 
staff; 

B.  Based  on  resources,  problems  and  opportunities,  analyse  and 
recommend  design  strategies  for  each  sub-district; 

C.  Develop  design  concepts  and  draft  general  urban  design 
guidelines  for  height,  density,  set  back,  and  streetscape 
improvements  along  the  Corridor  for  each  sub-district. 

Task  4.  Urban  Design  &  Land  Use  Frameworks  for  Corridor  Nodes 

A. Based  on  planning  criteria  generated  in  Tasks  3  &  4,  develop 
urban  design  strategies  for  the  commercial  nodes  along  the 
Corridor  (ie.,  Dudley  Sq.,  Forest  Hills,  Cathedral  ); 

B.  Develop  urban  design  concepts  and  guidelines  for  open  spaces, 
and  building  configurations  within  each  node; 

C.  Develop  generalized  proposals  for  the  architectural  and 
landscape  character  within  each  node. 

Task  5.  Urban  Design  &  Land  Use  Framework  for  Streetscape 
Improvements 

A.  Identify  generic  and  unique  streetscape  improvement  areas; 

B.  Develop  generic  and  site  specific  urban  design  concepts  for 
streetscape  improvements. 
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D.  PRODUCTS  OF  THE  STUDY 

1.  Initial  Report 

•  Historic  Overview 

•  Summary  of  Existing  Conditions 

•  Urban  design  issues  and  opportunities  ( ie.  land  use, 

signage,  historic  restoration,  architectural  context,  density,  scale 
and  massing  for  new  construction,  parking, ...); 

2.  Corridorwide  and  Subdistrict  Urban  Design  and  Land  Use 
Framework 

•  Qualitative/quantitative  planning  criteria 

•  Corridor-wide  urban  design  strategy 

•  Corridor- wide  land  use  diagram 

•  Sub-district  design  concepts  and  general  urban  design  guidelines 

•  Urban  design  recommendations  to  guide  new  zoning  controls 

3.  Urban  Design  Concepts  for  Commercial  Nodes 

•  Illustrative  Site  Plans 

•  Perspectives 

4.  Urban  Design  Concepts  for  Streetscape  Improvements 

•  Plans 

•  Sections 

5  .Summary  Report 

•  Summarize  the  key  components  of  the  Corridor  urban  design  and 
land  use  framework.  Its  purpose  shall  be  to  clarify  the  major 
land  use  and  functional  goals  and  objectives  to  guide  future 
improvements  and  to  provide  an  urban  design  vision  for  directing 
these  improvements. 

1.  Narrative 

2.  Charts  and  Diagrams 

3.  Illustrative  Site  Plans  for  Nodes 

4.  Illustrative  Site  Plans  and  Sections  for  Streetscape 
Improvements 

5.  Perspectives 

E    PROJECT  REQUIREMENTS  AND  COMPENSATION 

1.  Attendance  at  Meetings 

The  Contractor  shall,  if  requested  by  the  Authority,  provide  knowledgeable 
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5.  Method  of  Payment 

The  Contractor  shall  make  monthly  applications  for  payment  of  fees 
earned  and  allowable  expenses  for  each  work  assignment.  Each  application 
shall  be  accompanied  by  an  abstract  of  each  payroll  covered  by  the 
application  showing  the  name  of  each  person  employed  on  the  work 
his/her  job  title  and  hourly  billing  rate,  the  number  of  hours  worked  on 
this  contract  and  his/her  total  billing  attributable  to  this  contract  Such 

^i'"°5i!^°^^  ^^  ^^°''"  ^°  ^y  °"  °^^'"^  of  ^he  Contractor.  It  shall  contain 
such  additional  information  as  may  be  required  by  the  Authority  to 
substantiate  the  charges  including  an  itemization  of  any  allowable 
expenses  Each  application  shall  also  be  accompanied  by  a  brief  statement 
outlining  the  work  performed  during  such  period. 

Upon  receipt  and  approval  of  applications  for  payment  and  related  progress 
reports,  the  Authority  shall  pay  90^  of  all  earned  fees  and  100%  of 
allowable  expenses.  Final  payment,  including  previously  withheld 
retainage,  shall  be  made  upon  satisfactory  completion  of  all  services 
hereunder  including  receipt  and  acceptance  of  all  the  reports. 

6.  Terms  and  Conditions 

This  Contract  is  made  subject  to  and  incorporates  the  provisions  of  the 
attached  form  "Part  II  -  Terms  and  Conditions",  wherein  "Local  Public 
Agency"  shall  mean  the  "  Authority". 

It  is  mutually  agreed  that  the  results  of  this  project  shall  be  the  sole 
property  of  the  Authority  and  said  results  may  be  made  publicallu 
available  by  the  Authority. 

7.  Final  Release 

In  consideration  of  the  execution  of  this  Agreement  by  the  Authority  the 
Contractor  agrees  that  simultaneously  with  the  acceptance  by  the 
«1J'h^°''  f  ^^'  Authority's  final  payment,  the  Contractor  will  execute 
and  deliver  to  the  Authority,  an  instrument  under  seal,  releasing  and 
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and  liabilities  whatsoever,  of  every  name  and  nature,  both  at  law  and  in 

equity,  arising  from,  growing  out  of,  or  in  any  way  connected  with  this 

contract  except  for  those  that  are  expressly  set  forth  therein 
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staff  to  attend  or  participate  In  not  more  than  six  (6)  community 
meetings  and  be  available  to  meet  with  designated  representatives  of 
private  and  public  agencies  on  an  as-needed  basis. 

2.  Time  of  Performance 

All  services  under  this  Agreement  shall  be  completed  within  six  months 
after  execution  of  this  Agreement. 

3.  Compensation 

For  providing  the  services  specified  hereunder,  the  Authority  shall  pay  the 
Contractor  as  full  and  final  compensation  for  services  an  amount  equal  to 
the  hourly  rate  attributable  to  the  personnel  of  the  Consultant  engaged  in 
performing  such  services.  The  following  schedule  indicates  the  hourly 
billing  rates  for  various  Contractor  Job  Classifications  Involved  in  this 
work. 

Hourly  Billing  Rotes  -  1989 

M.  David  Lee/Principal $  1 38.90 

Etty  Padmodipoetro/Urban  Planner 6 1 .73 

Virginia  Ferriday/Urban  Planner 58.65 

Philip  Page/Tech  1 41.67 

4.  Estimated  Fees  by  Task 

Task  1.  Initial  Report $  2,500 

Task  2.  Corridorwide  Devel.  Framework 7,500 

Task  3.  Sub-district  Devel.  Framework 7,500 

Task  4.  Node  Devel.  Framework 13,800 

Task  5.  Streetscape  Improvements 9,700 

Task  6.  Final  Report 4,000 

The  above  hourly  fees  shall  be  considered  to  Include  all  costs  incurred  by 
the  Contractor  in  respect  to  the  services  described  herein,  including  but 
not  limited  to  the  fringe  benefits,  overhead  supplies  and  equipment, 
general  cost  of  doing  business,  profit  and  office  expenses  except  those 
noted  below.  In  addition  to  the  above  compensation,  the  Authority  shall 
reimburse  the  Contractor  at  cost  for  certain  other  direct  expenses 
Including  local  travel  and  reproduction.  Travel  by  POV  shall  be  reimbursed 
at  20(t  per  mile. 

w  In  no  event  will  the  maximum  sum  payable  by  the  Authority  for  all  fees 
and  expenses  hereunder  exceed  the  sum  of  Forty-five  Thousand  ($  45,000) 
Dollars  for  providing  all  services  hereunder. 
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IN  WITNESS  WHEREOF,  the  parties  hereto  have  caused  this  Agreeement  to 
be  executed  by  their  respective  officers  hereunto  duly  authorized  and  their 
respective  seals  affixed  hereto  as  of  the  date  first  above. 

ATTEST  BOSTON  REDEVELOPMENT  AUTHORITY 


Director 
ATTEST  STULL  AND  LEE,  INC. 


David  Lee 


Approved  as  to  form 


Chief  General  Counsel 


